From: 

Nishith Dhandha 

To: 

| ose Gonzalez 

Cc: 

Lawrence Lin: loseDh Galleaos: Laurie Sale: lasmine Ramos 

Subject: 

Re: Wasau Tiles: Delivery Confirmation 

Date: 

Tuesday, April 18, 2017 3:13:06 PM 


Jose, 

It will be difficult to assess the underneath tiles that are bound together on a pallet. By opening 
up the pallet, we expose other tiles to future damage since the work will not be done for at 
least a few months yet. 

Give them a round number of 33-50% more than the "seen" number broken and explain that it 
would be unwise to open up the pallet so far in advance of actual construction. 

If they would like to ship another pallet at no charge that would be fine. 

Nishith 

On Tue, Apr 18, 2017 at 3:01 PM, Jose Gonzalez < j o se@ fashiondi strict . or g > wrote: 

Nishith, 


Could Joe inspect all pavers in case there are more than 3 that are cracked - so that we can ask 
Wausau for the correct number of replacement pavers? 

It would be good if Joe could take pictures of the damaged pavers. 


Jose 


From: Nishith Dhandha [mailto: nishith.dhandha@lacitv.orgl 
Sent: Tuesday, April 18, 2017 12:11 PM 

To: Jose Gonzalez < iose@fashiondistrict.org >: Jasmine Ramos < Jasmine@fashiondistrict.org > 
Cc: Lawrence Lin < lawrence.lin@lacitv.org >: Joseph Gallegos < ioseph.gallegos@lacitv.org > 
Subject: Fwd: Wasau Tiles: Delivery Confirmation 


Jose, 

Regarding # of tiles on pallet, see below. 


Thanks. 


Forwarded message 

From: JOE GALLEGOS < joseph.gallegos@lacity.org > 
Date: Tue, Apr 18, 2017 at 12:05 PM 
Subject: Re: Wasau Tiles: Delivery Confirmation 
To: Nishith Dhandha < nishith. dhandha@lacitv . org > 


Nishith, 

I have 6 pallets with 15 pavers and 1 pallet with 13 pavers. They are in the North hollywood 
yard. I can only see that 3 have cracks. I cant see the whole paver so there could possibly be 
more that are damaged. 

Joe Gallegos 
City of Los Angeles 
Bureau of Street Services 
Special project Division 


On Apr 17, 2017 3:02 PM, "Nishith Dhandha" < nishith. dhandha@lacity . org > wrote: 
Tha nk s! 


On Mon, Apr 17, 2017 at 1:46 PM, JOE GALLEGOS < joseph.gallegos@lacity.org > 
wrote: 

I want to say 1 5 per pallet. I will check tomorrow for sure and will get back to you with 
an exact number tomorrow. 

Joe Gallegos 
City of Los Angeles 
Bureau of Street Services 
Special project Division 


On Apr 17, 2017 1:26 PM, "Nishith Dhandha" < nishith.dhandha@lacity.org > wrote: 
Jose, 


Joe - Since the tiles are at the yard, can you respond to Jose with an approximate 
number per pallet. 


Tha nk s. 


On Mon, Apr 17, 2017 at 1:01 PM, Jose Gonzalez < jose@fashiondistrict.org > wrote: 

Joseph and Nishith, 


Wausau Tile has this question: 


Can you tell me how many pavers are on each pallet including the 3 cracked ones? 


From: Nishith Dhandha [mailto: nishith.dhandha@lacitv.org1 

Sent: Wednesday, April 12, 2017 11:30 AM 

To: Jasmine Ramos < iasmine@fashiondistrict.org > 

Cc: Lawrence Lin < lawrence.lin@lacitv.org >: Jose Gonzalez < iose@fashiondistrict.org >: 
Joseph Gallegos < ioseph.gallegos@lacitv.org > 


Subject: Re: Wasau Tiles: Delivery Confirmation 


Jasmine, 

Attached are the purchase orders for the pavers signed by BSS at time of delivery 
acceptance, stating the number and condition of the order. 


Thanks. 


On Tue, Apr 1 1, 2017 at 1 1:05 AM, < jasmine@fashiondistrict.org > wrote: 
Do you know how many tiles were broken upon delivery? 


Jasmine Ramos 


Project Manager 
LA Fashion District BID 


1 1 0 E 9 th St, Suite All 75 
213-488-1 153 ext. 713 


From: Lawrence Lin [mailto: lawrence.lin@lacitv.org1 

Sent: Tuesday, April 11, 2017 11:02 AM 

To: jasmine Ramos < iasmine@fashiondistrict.org > 

Cc: Jose Gonzalez < jose@fashiondistrict.org >: Nishith Dhandha 
< nishith.dhandha@lacitv.org >: Joseph Gallegos < ioseph.gallegos@lacitv.org > 


Subject: Re: Wasau Tiles: Delivery Confirmation 


Hello Jasmine and Jose, 

Our crews confirmed that the tiles were delivered to our yard yesterday 4/10. 
However, three tiles were already broken at the time of arrival. Could you pass 
this information to the vendor before/during the payment process so that we can 
have replacement for the tiles? 

Thanks, 


Lawrence Lin 

Civil Engineering Associate 
Bureau of Street Services 

Engineering Division 

1 149 S Broadway, 4th Floor 
Los Angeles, CA 90015 
Office: 12131 847-4228 
Email: lawrence.lin@lacity.org 


Nishith Dhandha 

Engineering Division | Landscape Architect 

Bureau of Street Services | Department of Public Works 

1149 South Broadway, 4th Floor 

Los Angeles, CA 90015 



Nishith Dhandha 

Engineering Division | Landscape Architect 

Bureau of Street Services | Department of Public Works 

1149 South Broadway, 4th Floor 

Los Angeles, CA 90015 

O: (213) 847.0974 | E: nishith.dhandha@lacity.org 
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